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2 A 
BILL NO. $-88-0%- /“O 


SPECIAL ORDINANCE NO. goo FIF 


AN ORDINANCE approving Change 
Order No.l and (FINAL), Res. 
438-86, Rolling Rose Neighborhood 
Drainage Improvement with 

BERCOT,; Inc. in connection with 
the Board of Public Works 
and Safety of the City of 
Fort Wayne, Indiana. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION = 1- That Change Order No. 1 and (FINAL), 
Res. 438-86, Rolling Rose Neighborhood Drainage Improvement 


in connection with the Board of Public Works and Safety, 


tor: 
this Change Order is necessary 


because of the following: 
because the changes illustrated 
in items #1-17 of this change 
order are based on field 
measurements taken during 

and after installation of 

this drainage improvement. 

Items #19-20 are reflective 

of necessary additional improvements 
encountered during the course 

of construction of this project 
that the contractor was requested 
complete; 


involving a net decrease of Three Thousand, One Hundred 
Twenty-Eight and 00/100 Dollars ($3,128.00), all-as more 
particularly set forth in the specifications, and which 
is on file with the Office of the Board of Public Works 
and Safety and is by reference incorporated herein, made 
a part hereof, and is hereby in all- things ratified, 


confirmed and approved. 


SECTION 2. That this Ordinance shall be in full 


force and effect from and after its passage and any and 


all necessary approval by the Mayor. PA 





APPROVED AS TO FORM 
AND LEGALITY 


el 


J. Timothy McCaulay, Cit 











Attorney 
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CHANGE ORDER 





Change Order No. #1 (Final) Resolution No. 438-86 
Project No. t } Board Order No. 24-87 
Name of Project: Rolling Rose Neighborhood Drainage Improv. Date: 14 January 1988 
To: Bercots Inc. 

(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 









Item Ts Description of Change ae cS ol Change in Contract Price 
No. E A [Te desceintion Wen. Oe E a So] 


fo. on uit Price [decrease 
ee (See ATTACHED een See 












Net (Decrease) (Xnxxuxxx) Contract Price 3,128.00 






The sum of $__3,128.00 is hereby (XdX#AXKaX(deducted from) the total contract price 
and the final contract price shall be adjusted as follows: wi 


Original Contract Price 


4,009.0 
Current Contract Price Adjusted by Previous Change Order Se eee 
New Contract Price including this Change Order $a 


g 100,881.00 


The time provided for completion in the contract for this project is (unchanged) (3X&XKXSKS) 


(decreased) by -0- calendar days due to this Change Order. The date for completion 
of all work shall be the same - Furthermore, this document shall become an 


amendment to the contract and all provisions of the contract shall apply hereto. 


ee ; 2 i gp a 
Recommended ee E AT Chief Engineer Date FLS “SF 


Accepted by: EE E Pee BEDS Meontractor Date / - Z5- BSS 
gece by: A RES City Engineer Date /~/ d- 
Approved by: a A oe a age Aik Owner Date /-20-5 9 
ZN A T 





N) 
Attested by: ae 





: Lorkerroun) 


Date PaO =e Y 





ATTACHMENT TO CHANGE ORDER 


tere wre ange in Contract Price 
Quantit Description of Change Increase 


TON Pavement Patching i 
4" Concrete Sidewalk 
Special Backfill #53-#73 
Special Backfill 
4" Compacted Aggregate wos ee 675.00 
S.Y. }|Mulched Seeding í | 1.00 f 214.00 f 
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hr 
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21 


c 


S.Y. f Rip-Rap 3 3570029 
Field Tile Replacement 20.00 pee 780.00 
Tap Connections 100.00 2. 700200 


F: 


N 
tj 
D> 


= m 
O Ko) fon) 

Ww 
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m. 
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N N 
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33203400 


Total Decrease 


5 . 


Total Increase 2,155400 


Net (Decrease) (JAKES ) Contract’ Price À 3:128:007} 


Change Order No. #1 (Final) 
Resolution No. 438-86 
Board Order No. 24787 


REQUEST AND JUSTIFICATION FOR CHANGE 
ee Se hl UI GLANCE? 


Necessity for change: The changes illustrated in items #1-17 of this change 
order are based on field measurements taken during and after installation of 


this drainage improvement. Items #19-20 are reflective of necessary additional 
improvements encountered during the course of construction of this project that 


the contractor was requested to complete. 


——oo ee — i a L e a a 
—_—— ŘS 


Or en a E 
MM a aaa 


Will proposed change alter size of the project? Yes No X 


If yes, explain 


ee eee 
Te TRG Tete ee ee Se SS 
Affect on operation and maintenance cost of this project: 

No 
eee 
ga ee a ee 


Allan Frisinger Project Engineer 


Read the first time in full and on motion by Denno 












seconded by plete , and dul q ad the second time by 
title and referred to the Committee on Q 6 P (and the 
City Plan Commission for recommendation) and Pu blic Hearing to be held after 
due legal notice, at the Council Con set 8 =Courty Building, 
Fort Wayne, Indiana, on , the , day 
of ree rart o'clock Mo Ba Se Es 





ao ae 






6. Keg e 


DATED: Qo A 





ERK 


Read the third time in full and on motion by estes i 
seconded by e22 ' and duly adopted, placed on its : 
passage. PASSED L by the following vote: 

AYES NAYS ABSTAINED ABSENT 
TOTAL VOTES & / 
BRADBURY ER 
BURNS amn 
GiaQUINTA ae 
HENRY m 
LONG aii 
REDD e 
SCHMIDT C 
STIER L~ 
TALARICO <a 





T i J r4 es 
DATED: of XX 5-4 xe Ape OIRO aok Kennel 


SANDRA E. KENNEDY, CITY CLERK” 





Passed and adopted by the Common Council of the City of Fort Wayne, 





Indiana, as (A TION L) 
(SPECIAL) -ZONENG—MAP ) ORDINANCE RESOLUTION NO. Eke 7 
on the _ td 2h aay of one JP, 
f a ATTEST iD 
ever A PES 
SANDRA E. KENNEDY, CITY CLERK PRESIDING OFFICER Vz 


Presented by me to the Mayor of t City of Fort Wayne, Indiana, on 


the 3 YAO 





SANDRA E. KENNEDY, CITY CLERK 


+ ; 
Approved and signed by me this Ze day of oes ‘ 
19 XR , at the hour of ‘Lo o'clock Mug E Soe: ) 
WU 





PAUL HELMKE, MAYOR 


Admn. Appr. | 





Hie OF ORDINANCE Change Order #1 and Final, Res. 438-86, Rolling Rose 
SN Ghborhood Drainage iImorovement— 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 
SYNOPSIS OF ORDINANCE- Change Order #1 and Final, Res. 438-86, Rolling Rose 
Ee e EE A E A a ae 
changes illustrated in items #1-17 of this change order are 
based on field measurements taken during and after installation 
of this drainage improvement. Items #19-20 are reflective of 
necessary additional improvements encountered during the course 


of construction of this project that the contractor was re- 


quested to complete. Bercot, Inc., is the contractor. 


Se ee COREE at hr acts | PS ey Gon trac hon at ae 
LEP. et DE Dr 

















EFFECT OF PASSAGE To faciliate completion of project. 








EFFECT OF NON-PASSAGE 
E ie a ae oe 


ms o a ge Ee ee ee 
gas. aa a aa a ee A DL I BE ee 
MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Decrease of $3,128.00 


en i a ae ee ae ae 


ASSIGNED TO COMMITTEE 
STRAY ARPS ee Ga ER aE Me, Se a TEE ee eee EE 


; 


Ve Vis , 3 / 23 € 


BILL NO. S-88-02-10 


REPORT OF THE COMMITTEE ON ClTY ULILETTES 


WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 


REFERRED AN (ORDINANCE) (RESRINTIONY approving Change 
Order No. 1 and (FINAL), Res. 438-86, Rolling Rose 


Neighborhood Drainage Improvement with BERCOT, INC., in 
connection with the Board of Public Works and Safety of the 


City of Fort Wayne, Indiana 


HAVE HAD SAID (ORDINANCE) (RESOLEBREOR) UNDER CONSIDERATION 


AND BEG LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID 


(ORDINANCE) (RESGEWRKGN\ 


») YES NO 


PAUL M. BURNS 
Zs a ae CHAIRMAN 
Keon B A= CHARLES B. REDD 
VICE CHAIRMAN 
MARK E. GiaQUINTA 





a 
L Deeds AMUEL J. TALARICO 


JAMES S. STIER 
CONCURRED ee oh 


Sandra E. Kennedy 
City Clerk 


